( / 



R E P O R T 

ON THE 
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TO THE RIGHT HONOURABLE E. G. STANLEY, 
&c. &c. &c. 



Dublin, April 12th, 1831. 

SIR, 

IT ERE WITH I have the honour to send a Report, drawn up by me in pur- 
suauce of the Order of The House of Commons of the 22d of February last, 
showing, in detail, the situation, object and extent of the several Roads made by me 
in the Southern District in Ireland, including the Counties of Cork, Kerri/, 
Limerick and Tipperary ; together with a Statement of the Cost of each respec- 
tively, distinguishing the Amount paid for Roads made, from Bridges and other 
Works of masonry erected, and specifying the separate Expenditure on each 
such Road and Bridge. 

I have the honour to be, Sir, 

Your most obedient, humble servant, 

Richard Griffith, 

Civil Engineer. 

(True copies.) 

C. JV. Flint. 



Irish Office, London, "| 
July 27th, 1831. / 



119. 



Printed image digitised by the University of Southampton Library Digitisation Unit 




REPORT OF MR. GRIFFITH, ENGINEER, ON 



R E P O R T, &c. 



I N the month of June 1S22 I was appointed by the Marquis Wellesley to 
conduct the Public Works which were about to be commenced in the South of 
Ireland, under the Acts 1 Geo. 4, c. 81, and 3 Geo. 4, c. 34. 

The District committed to my charge comprehended the counties of Cork , 
Kerry, Limerick and Tipperary ; and several Roads and Bridges have since that 
period been completed by me in those counties at the public expense, and the 
accounts of the expenditure have been carefully audited and passed by the Com- 
missioners of Public Accounts. 

Between the period of my appointment and the present time I have submitted 
to the Lord Lieutenants several Reports, stating the progress of each of the works, 
and the benefits which the country would probably derive from their completion j 
the whole of which have been printed by order of the House of Commons ; conse- 
quently, in my reply to the present Order, it is unnecessary that I should enter into 
all the detail, which is already before the House, I shall therefore confine myself 
to a recapitulation of the leading facts. 

The principle laid down by the Marquis Wellesley for my guidance in selecting 
the lines for new roads which I should recommend for adoption, was, the opening 
direct and easy communications through mountainous and other districts, in which 
at the time there were no roads passable for wheel carriages, and where it was not 
probable any good roads would be made under the ordinary circumstances of the 
country through the medium of the Grand Jury laws. 

Acting on this principle my attention was, in the first instance, directed to 
a very extensive tract of hilly country, situated on the confines of the counties of 
Cork, Kerry and Limerick, bounded on the north by the river Shannon, on the 
south by the river Blackwater, on the east by the fertile plains of Limerick and 
Cork, and on the west by those of Kerry, and containing altogether an area of 
970 square miles. 



This district Js populous in some parts ; it contains two small villages, namely, 
Newmarket and Abbeyfeale : the greater part of the country belongs to absentee 
landlords, and m consequence there arc but three resident * landed proprietors. 

In this extensive tract of country there were no roads passable, even for horse- 
men, 111 the winter months j and being nearly surrounded by a fertile and populous 
country, it became, during the disturbances of the winter of the year 1 82 1 and the 
spring of 1822, the focus and asylum for whiteboys, smugglers and robbers, who by 
night made legular forcys from it into the adjacent fertile country, and drove cattle 
into it as into a safe and unpenetrable retreat. 

It appeared to me, that notwithstanding its then desolate state, this portion of 
country contained in itself the seeds of future improvement and industry. The 
stiata of which it is composed consists of stone, coal and culm, and the rocks which 
usually accompany hose substances. The surface soil is clayey, but when drained 
and manured with lime, it soon becomes fertile, and produces excellent cl ops 
anthracite, or culm, is abundant in many parts ; and beds of solid coal are not 
■infrequently met with, particularly in the vicinity of the river Blackwater The 
distiict is every where surrounded by limestone, and several hills containing that 
substance occur in the interior. Nothing then was wanting but Zd roads to 
fauhtate the transport an(l interchange of these different mineral productions’ to 

tibly proved by the comparative^ fertihfy of theTnTin rtie ‘ “vdcTni'ty'ot" Dromagli 
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When 1 visited this country in the month of July 1822, the Insurrection Act 
was necessarily m full force, owing to the recently disturbed state of the country, 
and at the same time the people were in the utmost state of destitution in conse- 
quence of the great deficiency in the potato crop the preceding year. 

On its being known that I was come to lay out new lines of” road for the purpose 
of improving the country, and employing its people, I was surrounded by a multi- 
tude of WI etched beings, who proposed to work for any wages I might offer and 
(as I expressed Ira my Report of March 1828, which has already been printed by 
order of the House,) “ whose appearance bespoke extreme poverty; their looks 
!! ] ve re haggard and their clothing wretched ; they rarely possessed any tools or 

implements of husbandry beyond a very small ill-made spade, and, as mUt have 
“ been expected under such circumstances, the greater part of the country was 

unimproved and m a state of nature.” 

Having examined the country with great care, I recommended to the Lord Lieu- 
tenant the opening of three main lines of new road through this district ; one to 
run nearly in a north and south direction from Newmarket in the county of Cork 
to Listowel m the county of Kerry, a distance of 32 miles; a second, at right 
angles to the fust, and nearly in an east and west direction from Newcastle in the 
county of Limerick, by the small village of Abbeyfeale, to the town of Castle 
Island in the county of Kerry, a distance of 27 miles ; and a third, also in an east 
and west direction, but 13 miles to the south of the second, from Newmarket in 
the county of Cork, for a length of 14 miles towards Charleville in the same 
county, The whole of these roads have now been completed for upwards of two 
years, and the country has already derived considerable advantage from their 
completion. 0 

By means of the new road from Listowel and the neighbouring portion of the 
county of Kerry and the city of Cork, its best market is diminished 37 miles 
the new road being 37 miles shorter than the old one by Tralee and Killarnev and 
at the same time it is far superior in point of level. 

By means of the new road from Newcastle to Castle Island, the travelling dis- 
tance between the city of Limerick and Killnrney has been diminished 20 miles, and 
in consequence, this road has now become the general line of communication 
between those points. 

In my Report for the year 1828, I described the remarkable improvement which 
has taken place 111 the agriculture of the country, from the facility of access which 
was afforded by means of the new roads, and the consequent increase in the moral 
habits and industry of the people; and I am happy in being able to state, that the 
improvements continue to increase progressively, and that each year new farms are 
inclosed, and new houses built. 

VV hen I commenced the works very little corn was grown in the mountain 
country there being no roads on which lime could be drawn to manure the lands, 
hut within the last two years the produce in grain has been very considerable, {aid 
will no doubt continue to increase. 

The beneficial effects to the property, and, consequently, tranquillity of the 
mountain country, may also be traced in the rapid improvement in the towns and 
villages situated on its borders. 

In the year 1822, the town of Castle Island in the county of Kerry, situated at 
the western termination of the new road from Newcastle in the county Limerick 
bore the most unequivocal signs of poverty in its inhabitants ; the houses were 
universally dilapidated, and the windows and roof's broken; there was no inn, fat 
least none deserving the name), and no shop which could supply any thing beyond 
a farthing candle and a pennyworth of tobacco, and the street presented a mass of 
uneven rock, resembling a quarry rather than a road, and was nearly impassable for 
T frW w 'thin the last four years a great number of new houses have been 
ouut, all of which are two stories in height, are slated and otherwise well finished 
among which is an excellent inn ; several shops have also been established, at which 
clothing of all kinds, and groceries, can he purchased at moderate rates. The 
street has been levelled, formed, and an excellent road made, with footpaths on 
each side, neatly curbed with cut limestone # . 

1 lie village of Abbeyfeale in the county of Limerick, situated in the midst of 
a mountain country, has also been much improved by the opening of the new road, 
which 

Iran The |mbUe E ° i “ i W “ matl * “ lh ° of U ’° of the town, without an, assistance 
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which passes through it. In the year 1 82 2 it contained but one slated house, which 
was occupied as a barrack by the military ; several houses were without roofs, which 
had been destroyed during the disturbances of the previous winter, and its 
appearance was in every respect similar to Castle Island. 

The Sunday after my arrival, I had an opportunity of seeing the inhabitants of 
the village and of the surrounding country going to the Roman Catholic chapel, 
on which occasion the peasantry appear always in their best clothes, but in this case 
their apparel was much inferior to any I had ever before seen, ihe men s hats and 
women’s bonnets (where they had any) consisted of coarse straw or rush rudely 
put together, and generally much worn ; the coats and cloaks were almost univer- 
sally torn and ragged, and the whole population bore the marks of squalid poverty. 
In the year 1828, Iliad the pleasure to sec the same people on a similar occa- 
sion ; the change was almost incredible, the women displayed in their gowns and 
petticoats all the gaudy finery of Manchester and Glasgow ; the men were substan- 
tially clothed, generally in blue coats, and wore, universally, good black hats, the 
straw plait having entirely disappeared; several new houses have also been built in 
this village, and several shops have been established. 

In proof of the general tranquillity which remunerative employment has intro- 
duced into the country I shall merely state, that in the year 1S22 there were 
laro-e garrisons in the villages and towns of Newmarket, Kanturk, Millstrcet, 
Castle Island, Listowel, Abbeyfeale, Glynn, Newcastle, Drumcullagher and Lis- 
carrol, the whole of which are situated on the borders of the then inaccessible 
district. At present, with the exception of Newcastle, there are no troops in any 
of those towns ; and the same persons who formerly were engaged in night 
marauding parties, are now beneficially employed in cultivating their own farms, and 
have become quiet and useful members of society. 

Road through the Bogra Mountains. 

The next tract of country which has been improved by the opening of new 
roads is the mountain district of the county of Cork, situated between the river 
Blackwater and river Lee, generally known by the name of the “ Bogra 
Mountains.” 

This part of the country was similarly circumstanced with that already described, 
which is situated between the river Shannon and river Blackwater, and there were 
no passable roads through it, in consequence the inhabitants of the interior vallies 
had no means of manuring their land by lime, except by transporting it in pannier 
baskets on horses’ backs, and their produce was necessarily brought to market by 
the same means. The rendering accessible the vast tracts of peat bog, situated in 
the interior of this mountain district, offered an additional inducement for making 
the new road through it, as the low lands, both to the north and south, were nearly 
destitute of fuel. The new road through the Bogra Mountains is 2G miles, 3 fur- 
longs, 26 perches in. length, of which 14 miles 4 furlongs were made by Mr. Griffith, 
and the remainder by contract. This road extends from Clonmeen Bridge, over 
the river Blackwater, to Leemount, on the river Lee ; it was commenced in the year 
1 826, and completed in the year 1 829. 

The beneficial effects which the country has derived from this road are fully as 
striking as those already mentioned ; new houses have been built and new in- 
closures made, and in several instances which have come within my knowledge the 
rent of the land has been more than doubled. 

Road through the Mountains from Macroom to Glenjlesk. 

The third new road, made under my direction, to improve the mountain country 
in the Southern District, is that which extends from Macroom, in the county of 
Cork, to Glenflesk, in the county of Kerry. 

The object to be obtained in making this road, in addition to the improvement of 
the country through which it passes, was the opening a more direct line of commu- 
nication between the towns of Kenmare and Killarney, in the county of Kerry, 
with the 'city of Cork. 

Previously to the commencement of this road the travelling distance from Ken- 
mare to Cork was 88 statute miles, while by the new road it is but 57 miles, con- 
sequently there is a saving in distance between those points of 31 miles, while the 
whole length of new road is but nineteen miles. This road has also shortened the 
distance between Killarney and Cork 7$ miles; and although it has been carried 

through 
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through a wild mountain district, and over a summit of 800 feet in elevation above 
Glenflesk, still owing to the regular ascent which has been preserved in attaining 
this, elevation, the proprietors of the Cork and Kerry mail-coach have found it their 
advantage to transfer their coach to this new line of road, leaving the old one, 
which passed through a comparatively level country at the exterior of the mountains, 
but which, from the injudicious manner in which it had originally been laid out, 
presented a great number or steep and dangerous ascents and descents. 

In respect to local improvement, I have to observe, that a new and very neat 
village, with a corn-mill and other appendages, has been erected at Ballyvourney, 
midway between Macroom and Glenflesk, and numerous inclosures have been made 
and houses built in the vicinity of the road throughout its whole extent. 



New Road from Skibbcreen to Crookliaven. 

The fourth road made at the public expense under my direction has been con- 
ducted along a narrow mountain promontory, 20 miles in length, and rarely more 
than 5 miles in width, from the town of Skibbereen to the harbour of Crookliaven, in 
the county of Cork. This promontory is bounded on the north by Dunmanus Bay 
and on the south by the Atlantic Ocean. 

The face of the country consists chiefly of mountain, rock, or bog, with occasional 
patches of arable land. 

Previously to the commencement of the new road, this country was inaccessible 
to wheel-carriages, and even to horsemen in the winter season ; notwithstanding 
which, owing to its vicinity to the sea, it was very populous, and contained 32,000 
inhabitants, amongst which were three landed proprietors, and an equal number of 
protestant clergymen. 

The principal object of opening this road was to render the harbour of Crook- 
haven accessible by land. This harbour is situated at the south-western extremity 
of Ireland, and consequently is much resorted to, during easterly winds, by all 
vessels coming from the westward and bound for England, and instances have been 
known of several men of war, and large fleets, consisting of East and West India- 
men, being detained there several weeks, without their having had any communica- 
tion with Cork. The easterly winds prevented vessels sailing in that direction, and 
the road was not passable even for horsemen. 

Owing to the mountainous nature of the central part of the promontory, the 
road has been laid out on the more level parts near the sea coast, but in several 
instances, where the steep precipices extend to the sea, it became necessary to form 
the road by building quay walls along the shore, and filling in the space between 
the walls and the rocks. 

In other parts, to avoid the expense of cutting rocks, the road was conducted 
through comparatively flat bogs, many parts of which were so wet, when we began 
to mark out the line, that it was necessary to place boards under our feet to prevent 
us from sinking ; in such situations our operations commenced by the draining of 
the bogs, which was effected at a trifling expense : and I have the pleasure to 
remark, that since the completion of the road, the greater part of the bogs thus 
drained has been improved and cultivated, and now produce excellent crops of 
potatoes and oats. 

Road from the Town of Slcibbereen, towards Ban try, in the County of Cork. 

This new road, which is eight miles in length, was made partly at the expense of 
the Government, and partly at the expense of the county of Cork ; by means of it 
a direct and easy communication has been opened through the mountain country 
situated between Bantry and Skibbereen. 



New 'Entrance into the Town of Bandon, in the County of Cork. 

The object of this road was to avoid a steep and an inconvenient hill, close to the 
northern entrance into the town of Bandon ; it was completed in the year 1823, at 
the joint expense of Government and of his Grace the Duke of Devonshire. 
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R ad from Union-hall, towards Rosscarbery, County of Cork. 

This road was made at the joint expense of the Government and the Earl of 
Kingston} the object was to improve the line of communication between the 
fishery harbour of Union-hall and the great post road from Skibbereen to Rosscar- 
bery, county of Cork. 

New Road from the Town of Clonaldlly, County of Cork, to the Fishery 
Pier at Ring. 

This road, which skirts along the eastern shore of Clonakilty Harbour, was com 
menced during the famine of the summer of the year 1822, and was completed in 
the year 1 S23, at an expense of 200 1 . 1 



New Road from Timoleague, in the County of Cork, to Courlmashery. 

This road is similarly circumstanced with the foregoing, and was also commenced 
m the summer of 1822 ; it has since been completed, and has been found verv 
useful to the public. It length is 3 miles 3 furlongs. J 

New Roadfrom Limerick, by Askeaton, to Robertstown, in the County of . 

Limerick. 

This road was commenced by me, by order of the Marquis Wellesley, in conse- 
quence of the several memorials and representations stating its necessity having 
been forwarded to him by the resident gentry and landed proprietors of that part of 
the county of Limerick, and has since been completed at the joint expense of the 
Government and of the county of Limerick, under the Act t Geo 4 c 81 The 
length of the new road is tg statute miles. 

This road was laid out along the southern bank of the river Shannon, and barely 
more than one mile distant from it. The country through which it passes is very 
different from the mountain tracts hitherto described, through which the new roads 
fruitful 6611 made ’ lnaSIIIUC ' “ s lt IS comparatively flat, and the soil is rich and 

Notwithstanding these advantageous circumstances, the main and only road to 
Limerick had been so injudiciously laid out as to be nearly impassable {or loaded 
b661 ‘ ca,Ti£d t,ie 

This injudicious line had no doubt been adopted to avoid the low land through 
which the new road has been made. Formerly the low lands were flooded at every 
h gl, tide m the river Shannon, but of late years the overflow has boon provented 
m a gieat measure by embankments that have been made along the coulee of the 

In passing along those parts' of the country which were liable to flood bv the over- 
flow of the Shannon, I caused embankments to be thrown up on the side noxTthc 
river, of sufficient height to keep out the water in the event of any LefJL? . t; 
place in the comparatively imperfect banks close to the river, and by this means the 
safety and permanence of the road has been secured. 7 “ 



Anglesey's Roads. 

1*828, b^ hl^^uis'o/^ngles^kin the'month^f August 
hai^hhlmrto be^^uite^^lecte on'tl° U I lta d 1 c0l, J?* ; . 1 y w hich 

sacs? 4 LimU - d ‘-ft “ 

2 « 4 miies »■» 

wlio'e of which there was ,10 road pSable the 

Like 



Printed image digitised by the University of Southampton Library Digitisation Unit 



7 



ROADS IN THE SOUTHERN DISTRICT OF IRELAND. 

Like all the other mountain districts of the interior of Ireland, it is surrounded 
by a fertile country, and is bounded on the north and east by the rich lands of the 
Barony of Upper Ormond, in the neighbourhood of the towns ofNenagh and Bor- 
risoleigh, and on the south and west by the well-known valley of the counties of 
Tipperary and Limerick, which, from its peculiar fruitfulness, has been called the 
Golden Vein. 

This mountain tract has been for several years the asylum of outlaws, and also of 
several gangs of murderers and robbers, who, concealed in its fastnesses, had con- 
tinued to elude the vigilance and pursuit of the police and the military. 

Several outrages having been committed during the year 1828, by persons issuing 
from these fastnesses, the Marquis of Anglesey directed me to examine them, and 
to ascertain the best lines for opening direct communications through them. 
Having effected this object, and laid the surveys of the proposed roads before His 
Excellency, he proceeded himself to the county of Tipperary, and rode on horse- 
back across the mountains, when I had an opportunity of pointing out to him the 
proposed lines for the new roads, and of receiving his approbation of them on the 
spot. 

The roads which were laid out, the whole of which are in the county of Tipperary, 
consisted of two distinct lines, one extending in an east and west direction from the 
town of Newport to the village of Ballycahill, near Thurles, for the distance of 
24 miles; and the other, in a north and south direction, at right angles to the first, 
opens a direct communication between the towns of Nenagh and Tipperary. The' 
length of this new road is 20 miles. 

Independently of the advantage which the mountain country will derive from 
these roads, they will be found most valuable from their opening much more direct- 
lines of communication between the towns I have mentioned than had before 
existed. By means of the east and west road, the distance from the city of Lime- 
rick to Thurles and Kilkenny will be shortened 10 miles, and by the north and 
south line, the distance between Nenagh and Tipperary will be shortened lfi miles; 
and although both these roads pass through the midst of the mountains, they will 
be found on an average much more level than the old and circuitous ones. 

The expense of Anglesey’s Roads will be borne jointly by the Government and 
the county of Tipperary, and the estimate amounts to 1 7,200/. 

In respect to the progress that has been made on these roads, I have to state 
that the east and west road from Newport to Thurles (24 miles in length) was com- 
pleted and opened to the public in the month of December last, and that the works 
on the Nenagh and Tipperary Road are in such a forward state that 1 expect they 
vyill be completed by the month of September next. 

Since the works were begun no outrages have been committed in the mountains • 
but in the commencement we had much trouble with the labourers, who seemed to 
think they should have every thing their own way, and refused to work by task 
or measurement, according to the system laid down by me, and demanded to be 
employed by the day, but by patience and perseverance we at length overcame their 
prejudices, and on finding that when they worked fairly they always earned good 
wages, they gave up their opposition, and now prefer our system to their own ; and 
none of our practised hands will work by the day who can get employment by 
task. 

The general system adopted by me in carrying on the public works in the Southern 
District, has enabled me to effect what was hitherto considered to be impossible, 
namely, that 100/. of public money should go as far as the same amount of private 
money, and at the same time that the work should be substantially and perfectly 
executed. 

The first principle laid down was, that no man or set of men should be employed 
by the day, but that all should be paid exactly in proportion to the quantity of 
work done ; and secondly, that there should be no contractor or intermediate 
person between me and the workmen, who should find it his advantage to do the 
work imperfectly, and thereby make a greater profit by his contract. 

According to my arrangements, one set of men was engaged to quarry stones, 
another to draw them ; and afterwards masons were employed, all working by 
measurement, at prices proportioned to the work to be performed, and these prices ' 
were embodied in a book prepared for the purpose, which included all kinds of 
work connected with roads and bridges, and every variety of each, together with 
a table of prices for drawing loads by weight, according to distance and the nature 
of the load or passage. 
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Since the commencement of the works, in the year 1822, I have completed 
205 m. 5f. 14 perches of new road in the Southern District, nearly the whole of 
which have been made through the mountainous country, where great difficulties 
were constantly to be encountered, and where several large bridges and numerous 
small ones have been erected. The making of roads through mountains will always 
be more expensive than in flat countries : the plane of the road is generally to be 
cut out of the side of the mountain, heavy embankments are frequently required, 
and projecting rocks must be cut through ; bridges, gullets or water-pipes, and 
drains, will necessarily be numerous, and the opes of the arches large, so as to 
afford an uninterrupted passage for the mountain torrents. The masonry of the 
bridges and retaining walls must also be very substantial and well put together, to 
resist the impetuosity of mountain floods, and the rocks and rubbish which are con- 
stantly forced against such works. All these circumstances combined have caused 
a greater expenditure than 1 had at first anticipated ; but I can truly affirm, that 
no works have been undertaken, or expenses incurred, which I did not think’ abso- 
lutely necessary. 

In conclusion I have to observe, that the several roads and bridges completed 
have now been opened to the public, some for four, some for three, and some for 
two years; and I am happy in being able to state, that at this moment they are all 
in excellent order, and that throughout the whole extent no failures have taken 
place, either in any of the bridges or earth embankments; and it is to be observed 
that during the ast two years there have been greater floods in the mountains of 
the oouth of Ireland than have been remembered for 50 years, and that even in the 
flat countries many large county bridges, of modern construction, were destroyed 
by the floods m the years 1829 and 1830. J 



Proposed Roads. 

Though not expressly called upon by the Order of The House to recommend 
any new lines of road, which it would appear to be advisable to make, either at 
the expense of the Government, or jointly at the expense of the Government and 
the county m which they are situated, still I think it right to submit to The House, 
that the object for which I was sent down to the South-west of Ireland, namely 
the opening new lines of road through the hitherto-inaccessible tracts of mountain 
^untry, and rendering them accessible in every part, is still incomplete, inasmuch 

o lillllv of t'f S T V great lm P”' tnnCe t0 the future improvement and tran- 

quillity oi the country, have not yet been commenced; at present I shall confine 

mL°d7o7adopticin the FmClp “ “mmunications of this kind which I should recom- 

I have already described, in the commencement of this Report, the mountain 
distnct situated between the river Shannon and river Blackwater, through a por- 
tion of which three new lines of road have already been made, and which have 

SSteJ b the movement of the' country through 

which they pass , but these improvements do not extend to the whole of the 

“SI 1 ‘ he b T d “ rlcS bribed, - tWe sidi remains 

l P u ? of country, extending northward from the river Blackwater 
to a line drawn between the towns of Castle Island and Newmarket, compreSni 
an area of about 200 square miles, of 128,000 acres, in which th™ no road 
passable for horsemen during the winter months “ 

d Jrier.!, 0 ,? g , f COatempIat, ; d the f°Priety of making a road through this neglected 
disti ct, and of opening it to the markets of Cork and Mallow The new road 

Castle 8 Island to cTk^wE is i fTf. C °” , ? Unic * ti ?“ from 'Mm a»<l 

road between Tralee and Cork u milpo * 1 1 an< l would shorten the 

Present distance from Tralee' to C ? rk 
while by the proposed road it will be but 62 Y ney bei ”S 76 m,les - 

It wolTat *rot\ Ut r™?cirto ft?" ^“movement of the country, 
collieries of the Southern District, and afford aVc^commS^^hthc™^ 

rounding 
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rounding country many parts of which are in the greatest want of fuel for domestic 
purposes and for burnrag Irate for manure. It would also produce a most ben“fi M 
effect on the agr, culture of the country through which it would pass. There “re 
limestone quarries at both extremities, and the whole of the intervening counh'V is 
covered by a stiff clay sod which, when manured by lime, is susceptible of great 
improvement, and capable of producing excellent crops of oats and potatoes rt 
present, from want of roads, no limestone can be drawn into the moun ah coun’trv 

£1 J3£^ t er d rema,ns ™ tiiw - *■* « -as 

o^S^Sr^r &StlC Is! “ d * C1 — BHdge, 

Observations similar to the foregoing are applicable to the opening of a proposed 
line of road from K.llaruey to Mallow and Waterford, along the north bank of the 
p”! Bhickwater, and a considerable portion of the road from Castle Island to 
It’ S, 7 ' along the valley of that river, would be common to both 
reads, in fact, to complete this second line of communication, would only 
require about 1 ,3 miles of new road which, added to 26 miles required for the com- 
pletion 01 the road from 1 ralee to Cork, would make a total length of about 30 miles 
01 new road. ° ca 

No detailed survey has yet been made of either of these lines of road ; but from 
my knowledge of the country, I am of opinion, that the distances would not exceed 
those I have mentioned, and that 111 round numbers the expense of completing them 
would be about 20,000/. 1 n 

In addition to the foregoing, I should recommend that a new line of road be 
made across the mountain ridge which separates Bantry Bay from the river Keu- 
mare, in the counties of Kerry and Cork. At present there is no direct road 
(at east none deserving the name) between those points; and the traveller, in pro- 
ceeding from Kenmare to Bantry, is now obliged to go round by Macroom, a distance 
of nearly 6 o miles, while, in a direct line, the distance between those points is not 
more than i g miles. 1 

Having made a careful examination of the country, I discovered a very favourable 
line for a new road between Kenmare and Bantry, on which there would be no 
steep ascent on any part, and which line I should strongly recommend for adoption: 
it would not only open a direct communication between the important harbours of 
Kenmare and Bantry, but would complete the line of communication along the 
coast between larbert, on the river Shannon, and Skibbereen and Castle Island, on 
the south coast of the county of Cork. 
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APPENDIX, 

CONTAINING A STATEMENT OF THE EXPENDITURE 
ON ROADS, BRIDGES, &c. 



PARTICULAR DESCRIPTION OF THE CONSTRUCTION OF THE ROADS. 

THE principal roads made at the public expense in the Southern District are 32 feet in 
breadth between the fences, excepting where heavy side cutting or other difficulties oc- 
curred, in which cases the breadth was reduced to 26, and in some instances to 24 feet. 

The surface soil of the country through which the roads pass consists either of heavy 
tenacious clay or of bog, in consequence the draining was expensive; and in addition to 
the usual gullets for passage of the water under the roads, it was necessary to make regular 
sewers in the direction of the road, on the side next the mountain, to carry off the water 
that issued from the hill side. Guard drains were also cut in the direction of the road, and 
from 7 to 10 yards above it, to catch the water descending from the mountain, and in some 
places, where the elevation of the mountain was considerable, a second guard drain was 
made at a distance of 10 yards above the first. 

The plane of the road being formed and drained, the surface for the breadth of 16 feet 
was covered by a rough pavement, four inches in thickness, formed of quarried stones, 
whose greatest dimensions in any direction did not exceed four inches. The stones were 
always laid with the flattest side downwards, and the rough upper side and interstices were 
fdled with small stones. The pavement, when completed, was covered with a layer of clay 
or loamy gravel two inches in thickness, and on this foundation, broken stones, the largest 
of which would pass through a ring two inches in diameter, were laid, generally eight 
inches in thickness, at the centre of the road, and six inches at the sides, extending one foot 
beyond the pavement at each side, so as to make the metalled surface of the road 18 feet 
in breadth. The broken stones were afterwards blinded by a covering of fine gravel or 
sand one inch in thickness. 

In those places where the plane of the road consisted of very wet clay or bog, a layer 
of shingle or coarse slate, which material was very abundant iii the country, was laid on 
the road as a foundation for the pavement, and, where stones were very scarce, a double 
thickness of the shingle was laid on, and the pavement was dispensed with. 



STATEMENT OF EXPENDITURE. 



Road from Newmarket, in the County of Cork, to Listowel, in the County of Kerry. 

THIS road, on leaving Newmarket, has been laid out in the valley of the river Duhallow, 
and on reaching the summit of the country descends into the valley of the river Feale, in 
which valley it continues till it crosses the new road from Newcastle to Castle Island ; from 
this point it passes over a mountain country, and having attained the summit, descends into 
the valley of the river Smerla, which it crosses, and afterwards continues to Listowel. 

Owing to the number of streams tributary to the rivers Duhallow and Feale, which 
cross the line of the new road, an unusual number of bridges was required, some of which 
were of a considerable size, and in many cases it was necessary to sink the foundation of 
the abutments to the depth of from 10 to 16 feet below the bed of the river. The moun- 
tain country produced no stone which could be dressed by the hammer, or worked by the 
pick, punch, or chisel, and consequently the whole of the arch stones and faces of abut- 
ments of the large bridges, and the quoins of the arches and abutments of the smaller ones, 
were necessarily procured from the limestone quarries beyond the borders of the mountain 
district, frequently at a distance of 12 miles from the work; and the greater part of these 
stones were drawn over a mountain summit goo feet in elevation, on the old track, which 
was repaired for the purpose, and which, for the greater part, ascended at an inclination of 
one toot in three. 
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Road from Newmarket to Listowel. 

Length, 31 m. 5 p. 30 p.; breadth between fences, 32 feet; breadth of metalling, 21 feet. 



Amount, expended in forming, fencing, draining and metalling the road - 
Amount expended in building gullets and retaining walls ... - - 

Amount expended in filling deep valleys and approaches to bridges, including') 
quarry roads, repairs of old roads and damages - - - - - -j 

Amount expended in building bridges of various dimensions, as specified in the! 
following Schedule / 



Total Expenditure on this Road - 



£. 



£. s. d. 
16,996 18 8 1 
1,096 10 - 

1,585 13 8 

5,676 10 3 £ 



25,355 12 8 



SCHEDULE OF BRIDGES. 



BRIDGES. 


It l V E It S. 


Number 

or 

Arches. 


Span 




Ri: 




Height 

Abutments. 


- 


- 










F. 




F. 


1. 


F. 


r . 


£. 


s. 


d. 




mountain stream 


1 


8 


0 


2 


8 


5 


0 


49 


6 


- 


2. Aid worth - 


Duhallow - 


1 


30 


0 


. 9 


0 


8 


0 


723 


3 


- 


Alteration of river,! 
retaining walls and quay }■ 
walls - - - -J 


























- - 














257 


ID 


























3. Coolagh, with inverted"! 

arch -J 

4. Tureencahill 


mountain stream 


1 


8 


0 


2 


8 


to 


0 


55 


16 


11 


ditto - 


1 


8 


0 


2 


8 


10 


0 


33 


16 


11 




ditto - 


1 


8 


0 


2 


8 


9 


0 


3o 


11 


- 


6. Mecnygorman, S. 


ditto - 


1 




0 


2 




10 


0 


32 


10 


- 


7. Mecnygorman, N. 


ditto - 


1 




0 


2 




11 


0 


33 


10 


- 


8. Meenbeg, South 


ditto - 


1 




0 






9 


0 


27 


H 


7 


9. Meenbeg - 


ditto - 


1 




0 


2 




9 


0 


31 


9 


2 


10. Meenbeg, North 

1 1 . Capcl’s Bridge - 


ditto - 


1 




0 


2 




9 


0 


37 




3 


ditto - 


1 




0 


2 




9 


0 


30 






12. Meentinna, South 


- ditto - 


1 


12 


0 


6 


0 


15 


0 


151 


19 


11 


13. Meentinna, North 


ditto - 


1 


12 


0 




0 


11 


0 


141 


12 


+ ! 


14. Hannon’s Bridge 


- ditto - 


X 


6 


0 


3 


0 


6 


0 




6 


1 A 


15. Glounaknockaun 


ditto - 


1 


12 


0 




0 




0 


197 


39 


3 


D“, high retaining walls 




- * 












■ 


137 


*9 


7 


16. Tooreenagrcna - 


ditto - 


1 


8 


0 


3 


8 


6 


0 


34 


18 


8 


17. Glounakiel 


Glashglounakiel 


1 


23 


0 


4 


0 




0 


233 


9 




18. Brenagh ... 


Brenagh - 


1 


30 


0 


9 


0 


7 


0 


430 


17 


H 




Glasha Ahane - 


1 


8 


0 


3 




7 


0 


32 


15 


20. Clydagh 


Clydagh - 


1 


42 


0 


10 


6 | 


7 


0 


590 


13 


1 


21. Glashanabrack - 


Glashanabrack - 


1 




0 


3 






0 


111 




7 


22. Meevane - 


Meevane - 


3 


In 


° 

°J 






8 


0 


411 


8 


- 


23. Bateman - 


Ovvbeg 


3 


l8 


0 


3 


0 


9 


0 


574 




3i 




Incharoe - 


1 


8 


0 


3 




1 12 


0 


95 




2 


25. Knocknacruhy - 


mountain stream 


1 


8 


0 


3 


6 




0 




- 


- 


26. Knight’s Bridge - 


Smerla 


3 


30 


0 




0 


’ 13 


£. 


5,676 


10 


G b 



Road from Newcastle by Abbey feale to Castle Island. 

The general nature and character of the country through which this road passes, as well 
as nearly the whole of the other roads made at the public expense in the Southern District, 
is so similar to that from Newmarket to Listowel, already described, that I think it unne- 
cessary to particularize them. I shall only observe, in respect to the Newcastle and Castle 
Island road, that the rivers crossed were unusually large, and consequently the bridges 
were expensive in proportion. 

110. B 2 The 
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The river Feale has been passed by a bridge of one arch, of 70 feet span, and 20 
feet rise. In the old bridge, which crossed the river half a mile above the new one, and 
which was erected at the joint expense of the Counties of Limerick and Kerry, there were 
21 arches ; no trace now remains of this bridge, it having been abandoned to the impetuosity 
of the mountain torrents by the Grand Juries of both counties, who became weary of the 
annual demands for its repair, as every winter one or more of the arches were carried away 
by the action of the floods, which frequently rise and fall twelve feet in the course of 
six hours. 



Road from Newcastle by Abbeyfeale to Castle Island. 

Length, 26 m. 7F. 181*.; Breadth between Fences, 32 feet; Breadth of metalling, 21 feet. 



I £. s. d. 

Amount expended in forming fences, draining and metalling the Road - - ! 15,785 n 5 

Amount expended in building gullets - 810 l 6 

Amount expended in tilling deep vallies and approaches to bridges, including - ]! „ 
quarry-roads, repairs of old roads and damages j i 1 ° 7 

Amount expended in building bridges of various dimensions, as specified in the - ] ' 
following Schedule fj 9>599 1 9 9 j 



Total expenditure on this Road I 27,043 y 3 J 



SCHEDULE OF BRIDGES. 







Numtie 










| Height 






BRIDG ES. 


RIVERS. 


of 

A relics 


Spi 


, 


Ris 




Aliuti 


** 














1. 


1-. 


1. 


y. 


1. 


£. s. 


d. 


1. Rollinson’s Bridge 


stream 


1 




0 


2 


8 




0 






2. Barna Bridge 


mountain stream 


3 


18 


0 




0 


40 


n 


260 - 




Ditto, retaining walls - 














57 13 




3. Doonakinna 


mountain stream 


1 


8 




2 


8 


1 1 


0 


50 — 




4. Inchabane - 


ditto 


1 


1 1 






8 










5. Goulburn Bridge 

6. Ditto, retaining walls,"] 


Ullan 


3 


.5.7 


0 




0 


12 


0 


a 


4 


and flood bridge -J 
















923 - 


~ 


7. Curragh 

8. Gloshanagrcve - 


mountain stream 


1 


8 


0 


2 


8 


9 


0 


52 2 


9 J 


including high retain- 
ing walls - -J 


ditto 


1 


8 


0 


2 


8 


>4 


0 


91 8 


2 


9. Abbeyfeale 


Glorough - 


1 


11 


0 


3 


8 


12 


0 




_ 


Ditto, retaining walls •• 
10. Kilconlea ... 
















. 




10, i 


mountain stream 


1 


8 


0 


2 


8 


6 


0 


44 14 


6£ 


11. Wellesley Bridge 

12. Ditto, E. Bridge, re-j 

tabling walls and ap- [ 
proaches - -J 


Feale 


1 


7° 


0 


ao 


0 


H 


0 


2,614 7 


-i 


- 


1 


8 


0 


2 


8 


12 


°1 






13. Ditto, W. Bridge, and] 


















2,037 2 


- 


retaining walls and l 
approaches - -J 


• 


2 


11 


0 


3 


8 


12 


oj 






14. Kilmanahan 


mountain stream 


1 


8 






8 


1x1 


n 


98 16 


7 


15. Knockbrack 


ditto 


1 


8 






8 


1x1 






16. Cummernacolly - 


ditto 


1 


8 


0 


2 


8 










17. Ileadly Bridge - 

18. Ditto, flood-arch, ap-j 


Owbeg 


1 


30 


0 


9 


0 


8 




741 is 


6 


proaches and new } 
river course - - 1 


- 


1 


11 


0 


3 


8 


8 


0 


370 19 


3d 


19. looreenmore, East 


mountain stream 


1 


8 








13 

11 


n 


1 on 1 


1x2 


20. looreenmore, West - 

21. Owrue - 


- ditto 

ditto 


1 


8 

8 


0 


2 

2 


8 

8 


0 


9 2 5 
121 4 


7 

2 


















£. 


J>599 19 


oj 
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Road from 'Newmarket towards Charleville. 

Length, 14 miles; breadth between fences, 30 feet; breadth of metalling, 18 feet. 









£. s. 


d. 


Amount expended in 


forming, fencing, draining and metalling the road 




7.739 17 


- 


Amount expended in 


building gullets - 




420 16 


9 


Amount expended in 
roads and damages 


filling deep vallies and approaches to bridges, including quarry | 


1,150 10 


G 


Amount expended in 
following Schedule 


1 building bridges of various dimensions, as specified in 


the"! 

-1 


2,273 is 


7 




Total Expenditure on this Road - - - 


£. 


11,584 iG 


10 



SCHEDULE OF BRIDGES. 











Number 










Height I 










11 RIDGES. 




RIVERS. 


of 


Spar 




Ui.sc 




of 




- 


— 






















Almlim 


;ms ' 


















E. 


, 


F. 


j 


F. 


1. 


£. 


s . 


d. 


1. 




with"! 


mountain stream 




















6 


inverted arch - 


-Jl 


1 


5 




2 






0 


39 




2. 


Mount Keefe 




ditto 


1 


8 


0 


4 


0 


6 


0 


46 


16 


- 


3 - 


Barley Hill 




Oun-Ard - 


] 


12 


0 


G 


0 


9 


0 


139 


6 


4 




Ditto, long retaining"! 


















if 




9 i 




walls and filling 


-j 






















4- 


Tooreshull - 




mountain stream 


1 


8 


0 


4 


0 


8 


0 


39 


10 


- 


5. 


Toorard 




ditto 


1 


8 


0 


4 


0 


8 


0 


45 


10 


- 


6. 


Knockalla - 




ditto 


1 


12 


0 


G 


0 


10 


0 


69 


17 


j 




Ditto, retaining ' 


vails | 






















5 £ 




and filling 


-j 






















7 - 


Alla - 




Alla 


2 


24 


0 


7 


0 


8 


0 


1,063 


1 


3 




Ditto, retaining walls,"! 


















348 








filling and temporary 




- - 














11 






river course 


-J 
























8. 


Frccmount, with quay j 
walls - - -J 


mountain stream 


r 1 

! 3 


3 

2 


b J 










76 


5 


> 


9 - 


Knockglass 




ditto 


1 


8 


0 


4 


0 


6 


8 


36 


8 


- 


10. 


Curraghbaun 




ditto 


1 


8 


0 


4 


0 


7 


0 


33 


16 


- 


11. 


Aughram - 




- ditto 


1 


8 


0 


2 


8 


7 


G 


38 


9 


6 


12. 


Redbog, West - 




bog stream 




8 


0 


4 


0 


10 


0 


68 


1 2 


2 


13 - 


Redbog, East 




- ditto - - j 


1 1 


8 


0 


4 


0 j 


10 


0 


70 


*9 


9 








Total I 


Expenditure or 


1 Bridges 






£. 


2,273 


12 


7 



Road from Kanturk, through the Bogra Mountains, to the City of Cork. 

Length of Road executed by Mr. Griffith, 14 m. 411. or.; breadth of road between the fences, 
24 feet ; breadth of metalling, 17 feet. 



Amount expended in forming, fencing, draining and metalling the road 

Amount expended in building gullets and retaining walls 

Amount expended in cutting rocks in line of road, embanking, and filling deep| 
vallies and approaches to bridges, quarry roads, quay walls and jetties - -J 
Amount expended in building bridges of various dimensions, as specified in the"! 
following Schedule J 

Total Expenditure on this Road - - - £• 



" 9 - 



B 3 



£. s. d. 

5,5 68 4 3 

1,131 13 6 

1 ,360 6 - 

l,68l 13 - 



9,741 16 9- 
(1 continued ) 
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1. Fahys Bridge 

2. Redgate - 

3. Redgate, South 

4. Fermoyle - 

Ditto, retaining walls') 
and filling - -J 

5. Lyre ... 

6. Glynn - 

7. Foleys, North - 

8. Foleys, South 

9. Nadth 

D° retaining walls, tem-] 
porary river & filling] 

10. Monanvell 

11. Nadth-beg 

12. Glouncoum, including], 

high retaining walls -]| 

13. Baracharin 

14. Callaghnns 

15. Looneys 

16. Toomeys - 
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SCHEDULE OF BRIDGES. 



mountain stream 
ditto 
ditto 
Fermoyle - 



mountain stream 
ditto 
- ditto 
ditto 
Nadanuller 



mountain strer 
ditto 



ditto 

ditto 

ditto 

ditto 



Number 

nf 

Arelu 



Total Expenditure on Bridges, &c. - 



7 (> 
7 o 
(i 0 



370 

156 

33 



d. 



‘9 4i 

u iii 



3a 12 6 
- £. Ji,G8i 13 _ 



llo„d from Macroom, in the County of Cork, ,0 Glenjtal, and Killmtcy, in the Count,, of Km. 
L"igtli, it) miles ! breadth between the fences, 30 feet : breadth of metalling, 21 feet. 

Amount expended in forming, fencing, draining, and metalline the road 
Amount expended in budding gullets and retaining walls - 
Amount expended in filling deep vallies and approaches to bridges I 

" ? “r ™~“ 8 

Total Amount - - 



SCHEDULE OF BRIDGES. 



I. Codrum 

t. Foherus, repairs of old 
bridge, adding three 
arches, with long re- 
taining walls - 

J. Coolavokig 

l. Ballyvourney 
>. Buhill Bridge, and r< 
taining walls - 
). Colthurst - 
Derrynasagart - 
D° - approaches, walls, 
and gullet 
I. Carrick 
)• Cummarick 
>• ditto 
ditto 
!• Derrig 
(. Ditto 

I- Owg arr i r . 

Filling and 
foundations 

Luah - _ _ 

Retainingwalls& gullets 



sinking] 

- -J 



mountain stream 
mountain river - 



mountain river - 
mountain stream 



mountain river - 
- ditto - 
mountain stream 
ditto 

mountain river - 
mountain stream 
Owgarrir - 



Number 

of 



8 O 
IO O 



24 o 

15 O 





I £. s. 


d. 




7.375 4 


3 




2,760 - 




- 




_ 


the] 

-J 


l 2,Gi8 17 


4 £ 


£. 


13,594 16 


8 



3 8 

7 o 



Total Expenditure on Bridges, &c. - 



£. s. 
40 - 



33 o 
- £. 



324 5 
121 7 

Go - 
120 13 
7G 17 
30 - 
30 - 
86 7 
30 - 
243 19 

152 5 

402 2 
320 18 



,618 17 



9 £ 
4 £ 
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Road from Skibbcrecn to Croolchaven, and from Slcibbereen towards Banlrj/. 
Length of Road, a8J miles; breadth between fences, 25 feet; breadth of metalling, 21 feet. 



Amount expended in forming, fencing, draining, and metalling the road 



Amount expended in building gullets and retaining walls, 
and cutting rocks in line of road - 



a walls and parapets,"^ 

Amount expended in building of bridges of various dimensions, as specified 
following Schedule - 



i the! 

-J 



Total Expenditure on this Road - - - £. 



£. 

9.071 1 

2,624 1 
1,770 



13,466 7 9 



SCHEDULE OF BRIDGES. 









Mill), bur 










Height 










11 It 1 1) G I! S. 


RIVERS. 


of 


I Span. 


Rise. 


or 















Arches. 










Ahum 


,cms 
















F. 


j. 


F. 




F. 


i. 


£ 


s. 


d. 




Hollyhill, including re-*l 
taming walls - -/ 


Roaringwater 


2 


16 


0 


1 4 


0 


13 


0 


463 


_ 


10 A 


2. 


liallinclare, including 1 ! 
retaining walls -J j 


mountain river - 


1 


lG 


0 


4 


0 


5 


0 


164 


2 


3 h 


3- 


Ballydehob, repairs of - ! j 
old Bridge, adding (J 
three new arches and fi 
parapets - - -J 

Retaining walls and fil-T 


















221 

29° 


• 


10 




hug - - 


















*6 




4- 


Gloshure - - , 


bog river - 


1 


1 2 


0 




0 


10 


0 


96 






!>• 


Kathcoole - - - | 


mountain stream 


1 


12 


0 




0 


8 


0 1 


Gi 






b. 


Cooradcrragaun - 


ditto 


1 


12 


0 




0 


8 


n 


Go 


18 




7- 


Ballaliaskea - - 1 


ditto 


1 


8 


0 


2 


8 




G 


3 8 




9i 


8. 


Lowertown 


ditto 


1 


8 


0 


2 


8 












9- 


Lowertown, West 


ditto 


1 


8 


0 


2 


8 


6 


G 




12 




Altar ... 


ditto 


1 


8 


0 


a 


8 


6 




38 


_ 


Ll 


11. 


Toormore - - - | 


ditto 


1 


12 


0 




D 


8 


0 








12. 


Ballyrissit - 


ditto 


1 


8 


0 




8 


7 


0 


40 


15 


7 


13. 


Gooleen ... 


ditto 


1 


8 


0 


2 


8 




G 


51 




11 A 


14. 


Cooradowney 


ditto 


1 


10 


0 


3 


G 


6 


0 


37 






15. 


Aughavilla - 


ditto 


' 


10 


0 


3 


G 


10 


0 


52 




9 1 






Expenditure on Bridges, 


&c. 






£. 


1,770 


- 


7 



SUNDRY ROADS 
Short distances in the County of Cork. 







1 £ * 


r. 


d. 


Amount expended in making a new entrance into the Town of Bandon 




193 


lG 


11 


Amount expended on the new road from Clonakilty to Ring ... 




184 


12 


4 


Amount expended on the new road from Union Hall towards Rosscarbery - 




129 


4 


7 h 


Ditto, bridge on road - -- -- -- -- - 




55 


7 


8 


Amount expended on road from Timoleague to Courtmashery - - - 




92 


G 


2 


Amount expended in completing quay walls in the City of Cork 




58 


3 


1 


Amount - - - 


£. 


713 


10 


9i 



B 4 
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REPORT OF MR. GRIFFITH, ENGINEER, ON 



Road from Limerick by Aslceaton to Robertstown. 

Length, ly miles; breadth between the fence-walls, 32 feet; breadth of metalling, 21 feet. 



Amount expended in forming, fencing, draining and metalling the road, tide -1 
sluices, &c. - _j 

Amount expended in building gullets and retaining-walls ----- 

Amount expended in making embankments through Clarina, Court, and other bogs! 
and marshes - -- -- -- - ....jj 

Amount expended in building bridges of various dimensions, as detailed in the fol -1 
lowing Schedule . j 

Total amount of this Road - - - £. 



£. s. d. 

7,963 y 

(>'45 10 4 

1,095 4 - 

863 7 10 



10,567 11 2.1 



SCHEDULE OF BRIDGES. 



BRIDGES. 


RIVERS. 


Number 

of 

Arches. 


Span. 


Rise. 


Height 

Abutments 


— 


1. Clarina ... 


Clarina 


1 


12 0 


F. 1. 
2 0 


F. I. 
11 O 


£. s. d. 
107 y _ 


2. Court-Bog, with tide -1 
sluice and filling -J 


stream 


1 


5 0 


2 8 


8 0 


72 2 7 i 


3. Hollypark, East 


ditto 


1 


8 0 


2 8 


8 0 


(io - - 


4. Hollypark, West 




1 


6 0 


2 0 


7 0 


20 — - 


5. Castle-Hewson - 


stream 


1 


9 ° 


1 G 


8 0 




Approaches and gullets 






- 








G. Reenkilla - 


stream 


3 


5 0 


1 G 


4 0 


41 8 1 


7. Robertstown, East 


mill-race - 


1 


12 0 


3 0 


1 G 


2+ 19 5 h 


8. Robertstown, West, in -I 
chiding long and high [■ 
retaining-walls -J 

y. Repairs of Court Bridge ,' 1 
and building tollhouse/ 


stream 


j 


12 0 








Mague - 






' 




448 10 8 J 


10. Lengthening four old 1 
bridges on old road - J 












40 - - 




Total Expenditure on Bridges - 


- - £. 


8G3 7 JO 



ANGLESEY’S ROADS. 



Road from Newport, through the Keeper Mountains, to Thurles. 

Length, 23 m. 7 *. or.; breadth between the fences, 24 feet; breadth of metalling, 1G feet. 



Amount expended in forming, fencing, draining and metalling the road 
Amount expended in building gullets .... 

T** bridsM dimensions. „ 

the following Schedule, including embankments and filling - _ 

Total Expenditure on this Road - 





£. s. d. 




6,992 5 G 


- 


325 5 5 


1 ini 






2,545 1 4 5 


" £ l 


9,863 5 4 
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HOADS IN THE SOUTHERN DISTRICT OF IllEL 



AND. 17 



SCHEDULE OF BRIDGES. 



1. Gate Glen, 

including filling 

2. McDonnells, 

including filling 
.3. Birhagrass, 

including filling 
4 Tooreenbrinn, E. 

5. Tooreenbrian, W. 

G. Forge Glenn, 
including filling 

7. Capels, 

including filling 

8. Middle Glen 
y. East Glen - 

10. Coonmore - 

11. Foylnadraugh, West 

12. Foylnadraugh, East 

13. Mary-ford 

14. Inchavallana 

15. Gunancra Glen - 
lG. Upper Church - 
17. Cloda 

Lengthening Old Bridges 



stream 
stream 
stream 
large stream 
stream 

Kilcommon river 
stream 
stream 
stream 
Cloda river 



3 8 ! 



2 6 
2 8 



8 8 
7 o 



8 o 

9 o 
G .0 



16 7 J 



5 8 

6 6 1 
H 5i 

G 8 



59 G 8 

7 k 
7 l 



77 

49 

559 



Total Expenditure on Bridges 



1 2 >545 



7 

7 4 
7 2i 



5 4 h 
18 10 

7 5 1 

8 2* 
° 9 

H 5k 



Anglesey's Roads. — Road from Nenagh to Tipperary, (in progress.) 

Length, 20 miles ; breadth of road between fences, 24 feet ; breadth of metalling, 1 8 feet. 



Amount expended in forming, fencing, draining, and metalling the road 
Amount expended in building gullets, and preparing materials for bridges - 

Total already expended - - - £. 


£. 4. d- 

2,858 10 4 1 

410 5 - 


3.268 15 4 j- 




SUNDRY PAYMENTS made which are not included in the Road Acc 

James Jardine, for making surveys for various roads during the years 1823, 1824,) 

1 825, and 1 826 . r 

Thomas Kearney, for similar services - 

Thomas Barclay, ditto - - 1 

William Bald, drawing map of Southern District 

Amount of grant to llie Corporation of the City of Cork towards opening the new) 
entrance into that city - -- -- -- - ..j - 

Amount - - « £, 


onnts. 

£. 4. d. 

146 5 Ik 

237 9 2? 
1 13 10 

15 - 

4.615 7 8 


5,015 16 4£ 



STATEMENT of EXPENDITURE on BRIDGES, designed by Richard Griffith, C. E., and 
executed under his direction, by Contract Grants for one half, the amount of which were made 
under the 1st Geo. 4, c. 81, and paid out of the Consolidated Fund. 



Bridge over the river Feale at Listowel, in the county of Kerry - 

This bridge consists of five segment arches each 50 feet in span, 12 feet rise. 
Bridge over the South Branch of the river Lee, in the City of Cork, amount paid) 
out of the Consolidated Fund - -- -- -- -- j 

This bridge consists of two semi-elliptical arches each 44 feet in span, and 
1 1 feet rise, having an iron bascule bridge of 32 feet in span in the centre, for 
the passage of ships up the river. 

119. c 



£. s. cl. 
2,418 7 - 

4,615 7 8 
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REPORT OF MR. GRIFFITH, ENGINEER, ON 



GENERAL STATEMENT of Cash received and expended by Richard 
Griffith , Civil Engineer, between the 1st January 1822 and 31st De- 
cember 1 830. 



GENERAL STATEMENT of Cash received on account of the Public Works in the Southern 
District, between the 1st January 1822 and 31st of December 1830. 



Cash received from the Treasury for employing the poor in I 
the counties of Limerick, Cork, and county of the city of 
Cork J 



works in the counties of Limerick, Kerry, Cork, and county > 3,141 12 1 i I 

of the city of Cork ------- -J J 



1,071 8 



Cash received from the Treasury on account of the new roads 'll 
made at the public expense, under 3d Geo. 4, c. 34 - - J ] 

Cash received from the Treasury on account of roads under the j 
3d Geo. 4, c. 34, between the 1st January 1823 and 31st > 
December 1830 

Total received from Treasury on account of Roads - - 



Received from Treasury amount of grant for opening the new"! 
western entrance into the City of Cork -J| 

Total received from Treasury on all accounts - - 



3,473 10 7 
94,092 8 2 \ I 



97>565 18 9 ^ 



4.C15 7 



116,394 6 8£ 



IS* 13 7 1 
12,100 6 10 A 

8.575 11 7 2 



Cash received from County Treasurers on account of Roads: 

Cash received from treasurer of the City of Cork 

Ditto from treasurer of the county of Cork, between the\| 
1st of January 1822 and 31st of December 1830 - -J 

Cash received from treasurer of the county of Limerick, between J 
the same periods - -• j 

Cash received from treasurer of the city of Limerick, between"! 
the same periods - - - - - - - -J 

Cash received from treasurer of the county of Kerry, between "I 
the same periods ------- -J 

Cash received from treasurer of the county of Tipperary, between'! 
the same periods ------- -jl 



Total Amount received from County Treasurers on account of Roads - £. 

Total Cash received on all accounts - - - £. 




29,494 1 8 i 
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ItOADS IN THE SOUTHERN DISTRICT OF IRELAND. 
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STATEMENT of the Situations, Length, and Expenditure on the several Ronds made at the Public Expense in the 
Counties of Cork, Kerry, Limerick and Tipperary, in Ireland, by Richard Griffith, Civil Engineer, between the 
ist of January 1812a and 31st of December 1830. 



Amount expended in employing the poor in repairing old roads in the counties of) 
Limerick, Cork, and the county of the city ol Cork, between the 20th June and ; 
10th of August 1822 J 

Amount expended during the same period in advances on account of presentment'll 
works in the counties of Limerick, Kerry, Cork, and county of the city of Cork, '] 
which advances were subsequently repaid by the treasurers of said counties -J 



£. 

11,071 



3.H1 



12 




EXPENDITURE ON NEW ROADS. 



— 


Length 

Itoml, 

Statute Men- 


13 raid 111 
be- 

Fenccs. 


When 


Expenditure 

forming, fencing, 
| draining and 
metalling. 


Expenditure 

Bridges, Gullets, 
retaining Walls, 

Embankments, 


TOTALS. 


New road from Newmarket, in the county! 
of Cork, to Listowcl, in the county of}- 
Kerry J 


M. 1'. 1’. 
31 5 3<> 


Feet. 

32 


Year. 
18 30 


| £. s. d. 

16,996 18 8 £ 


£. s. d. 

8,358 13 11 J 


£. s. d. 
25,355 12 8 


New road from Newcastle, in the county! 
of Limerick, to Castle Island, in the } 
county of Kerry -J 


27 0 18 


32 


1827 


15.785 9 5 


11,257 19 10 h 


»7.°« 9 3i 


New road from Newmarket towards! 
Charleville, in the county of Cork - j 


140 0 


30 


1826 


7.739 x 7 - 


3,844 19 10 


11,584 16 10 


New road from Kanturk to Cork, through! 
the Bogra Mountains, in county of l 
Cork ----- -J 


14 4 0 


24 


1827 


5.5U8 4 3 


4,173 12 6 


9,741 16 9 


New road from Maeroom, in the county 1 
of Cork, to Glensllesk and Killarney, L 
in the county of Kerry - - -J 


l() 0 0 


* 


1827 


7.375 4 3 !i 


6,189 12 4 a 


13,564 16 8 


New road from Skibbcrecn to Crook-! 
haven, and Skibbcrecn to Bantry, in !• 
the county of Cork - - -J 


28 4 0 | 


25 


182(1 


9,071 11 10 


4,394 15 11 


13,466 7 9 


Expenditure on sundry short roads in') 
the county of Cork - - -J 


770 


- ■ 


- - 


713 10 9 ^ 




713 10 9! 


New road from Limerick, by Askeaton, | 
to llobertstown, in the county of l 
Limerick - - - - -J 


M> 0 0 


32 


1827 


7.963 9 -£ 


2,604 2 2 


10,567 11 2 4 


New road from Newport to Thurles, ini) 
the county of Tipperary - J 

New road from Nenngh to Tipperary, in ) 
progress, to be completed 1831 -J 


23 7 0 
20 1 0 


24 

24 


1830 


(1,986 5 6 ( 
3.335 1 3 £ 


2,870 19 10 
410 5 - 


9,857 5 4 
3,745 6 3 h 


Total length of Iload made by Richard - ) 
Grilfith, and sum expended under | 
the direction of Richard Griffith f 
on new Hoads and Bridges - -J 


205 5 1 4 

1 






81.535 12 1 J 


44,105 1 5 i 


125,64b 13 7 


Sundry payments made which arc not connected with the above Roads - 

Cash expended in the employment of the poor in the year 1822 - 

Cash on hands to be applied to the completion of the Ncnagh and Tipperary Rond - 


- ■ - 


5,oi5 16 4 J 
14,213 - 3 
1,018 18 3 l 










General Tc 


,TA,. - - - . 


145,888 8 5 
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